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BILL NO. S-82-12 ~ 

SPECIAL ORDINANCE NO. S- $ 

AN ORDINANCE approving Change Order 
No. 1, Resolution No. 5938-82, 1982 Resurfacing 
(Goshen Road), in connection with 
the Board of Public Works. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Resolution No. 

5938-82, 1982 Resurfacing (Goshen Road), with Dailey Asphalt 

Products Co., in connection with the Board of Public Works, for: 

additional asphalt along with shoulder sealer 
and chip and seal items which were not 
included in the contract, thereby decreasing 
future maintenance; 



involving a net increase in the amount of Nine Thousand Nine 
Hundred Seventy-Seven and 07/100 Dollars ($9,977.07), all as more 
particularly set forth in the specifications, and which is on 
file with the Office of the Board of Public Works, and is by 
reference incorporated herein, made a part hereof and is hereby 
in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 


APPROVED AS TO FORM 
AND LEGALITY 


77 Councilmember 

u 







Bruce 0. Boxberger^ Ci/y Attorney 







Read the fi^ 
seconded by 


rtime in full and on motion by 
- - - 


and duly. 




.. Ppted, read itha second time 

(and the City 


by title and ref'ef'red to the Committee 

Plan Commission for recommendation) and PiitTlic Hearing to be held after 
due legal notice, a(t theCounciJL. Chambers, City-County Building, Fort Wayne, 
Indiana, on_ ,")the___day of 


at 




irgU/time iinfull an 


o 1 clock 


..M. ,E.S.T. 




seconded by 
passage. PASSED 

TOTAL VOTES 

(Ik 

AYES 
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BRADBURY 
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BURNS 

-&*. 

EISBART 

A- 

GiaQUINTA 

Ar 

SCHMIDT 

£>C 

SCHOMBURG 

J& 

SCRUGGS 

JL 

STIER 
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TALARICO 

-A 


CHARLES W. WESTERMAN - CITY CLERK 

otion by _, 

and duly adopted, placed on its 


DATE: 


/--//- r. I 


CHARLES W. WESTERMAN - CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 
Indiana, as (- ZONIN G MAP) ~ 


~ (GENERALI 

^AP PROPRIATION) ORDINANCE 

on the _ //£< 3^- _day of 

ATTEST: 


"TAMEXATTONt 

(RESOLtp5^4»_ NO 


r.TT*T,TT^ ».t TERMAN - CITY CL]- 

{ of Fort Wayne, 


3 . 


(SEAL) 






PRESIDING OFFICER 
Presented by me to the May 96 ? of the City of Fort Wayne, Indiana, on 
the_ ’ '/cf _day of 


19 ri J 


at the hour of 




Approved and signed by me this 
19 ^ _, at the hour of_ 3 _o'clock 


CHARLES W. WESTERMAN - CITY CLERK 

) *A~tJh day of 



JR. - MAYOR 














































































ir.g=i Order No - ' 1 _- 

>ject No- - - 

:e of Project 1QS? Rp. snrf aring (Goshen . E d. 

: Dailev Asphalt Products Co. - 

(Contractor) 


P.esolution No. 

Board Order No. 38-82 
Date 11/23/82. 


:rle.r.en; 


, are hereby requested to comply with the following‘changes from the contract plans and 
•cif icatio.ns: - 



S q 977 07 is hereby (added to) (MHK^n&QCXDd the total contract 

ce , and the final contract price shall be adjusted as follows: .__ 


Original Contract Price . 

Current Contract Price Adjusted by .Previous Cnange Order S. 

New Contract Price Including this'Charge Cruer 5 

t ,- B » orovided for completion in the contract for this project is (unchanged) (ftOSS»p^) 
hv calendar days due to this Change Order. The dare for .completion 

y . - _ Furthermore, this document shall become an 

t ndment r t 0 S th9 contract and all provisions of the contract shall ^pply hereto 

(Chief Street Encinserl Date - /( - 

f jff. lUU &t** - _ (Contractor), Date //- \_Y - 

)ate , 


$ 192.823.2 A. 


S 707.800.31 



(Owner) Date /*- 



Date 
















































































Change Order No. 

■» - . Resolution Mo. - 

Board Order No. 

REQUEST AND JUSTIFICATION FOR CHANGE 

TW tn the volume and speed of traffic on Goshen Road, it was de- '.p 
Necessity for changer -------- - 

cided that to insure the safety of the public more work was needed on the shoulder and D-lanes T 

adjacent to the main highway. This work required additional asphalt along w ith.shoulder- 

sealer and chi p and seal items which were not included in the contract. _____ 

NOTE: During the sweeping procedur e in preparation for starting the resurfacing wnri^ 7 _ 

additional asphalt shoulders and decel-lan es were discovered which had been covprpd with stone 
It was felt that for safety's sake rebuilding would b e necessary; thus, the increase in the 
amount of asphalt material ..needed, and the decrease in the amount of stone needed._ ' 



Will proposed change alter size of the project? 

If yes, explain: ____—--—- 


Affect on operation and maintenance cost 
should decrease.the maintenance required on 


of this croject: The addition of these items 
the shoulder of the road. 



Jeff Grogg 





















































Pavement Removal 


U , A . r.. #Q BinHpr 


M anholes Adlus-t & Set to Gr ade. 
W .V.'s Adjust & Se.t_to g rade _ 

S houlder Sealer ____ — 

C hip & Seal ___ 


Description of Chan re 

Material 


Crack Sealer 
Lshed . SJLQna- 


C atch Basins Adjust & Set to _ 

Grade 


Contract 

Quantity 


6551.60 T 


ctual 

jantitv 


767 S^Y 


10,2. Ton 
718 S-.-Y 


Unit 

Price 
1 .00 


19.47 


21.64 


Total 

Cost 


732.07 L27.559 .6 


54,463 .: 
2,124 .C 


202.80 0. 


1 50 . ( 


2,346 ,( 






































































































































































S-82-12-24 


BILL NO. 


REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

WE, YOUR COMMITTEE ON PUBLIC WORKS _TO WHOM WAS REFERRED AN 

ORDINANCE_ approving Change Order No. 1, Resoluti on No. 5938-82, 

1982 Resurfacing (Goshen Road), in connection with the Board of 

Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 


































TITLE OF ORDINANC E CHANGE ORDER #1; RESOLUTION 5938-82, Re surfacing of Goshen Road 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SWOPS IS OF ORDINANCE 

-This rhanpe ord er reflects the additonal asphalt necessary 

- —£ the snou lders and dec e l-lanes along with the shoulder sealer an d chip and 

seal items. 






EFFECT OF PASSAGE inquire the safety of the public 


EFFECT OF NON-PASSAGE-maintenance of the shoulder will not be decreased. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Net increase $9.977.07 


assigned to committee 






































































